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Message Text 

CONFIDENTIAL 

PAGE 01 LOME 00095 111759Z 
ACTION SY-05 

INFO OCT-01 AF-10 ISO-OO OC-06 CCO-OO A-01 FBOE-OO 
OCL-OO /023 W 

119008 111810Z/47 

PR 111435Z JAN 78 
FM AMEMBASSY LOME 
TO SECSTATE WASHDC PRIORITY 3365 
INFO AMEMBASSY ACCRA 

CONFIDENTIAL LOME 0095 

FOR A/SY/NSU 

ACCRA FOR RCO 

EO 11652: GDS 

TAGS: AFAC ABLD ASEC NSU 
SUB J : CCC PROJECT STATUS 

REF: A LOME 009 B 77 STATE 307492 C STATE 29453 1 

1 . DROP CEILING AND LIGHT FIXTURES HAVE ARRIVED AND AWAITING 
INSTALLATION. 

2. PLASTERING FOR SECOND FLOOR EXTENSION HAS BEEN HELD UP SINCE 
THE FIRST OF THE YEAR AWAITING CONSEC AND CEILING INSTALLATION. 

3. LOCAL CONTRACTOR HAS ACQUIRED ALL NECESSARY MATERIALS, INCLUDING 
LONG-AWAITED REINFORCING BARS, FOR CONSTRUCTION OF THE EMERGENCY 
GENERATOR ROOM. CONSTRUCTION WILL COMMENCE IMMEDIATELY. 

4. REQUEST NSU ADVISE ETA OF SEABEE GAGNON TO COMPLETE PROJECT. 
PALMER 

CONFIDENTIAL 


NNN 


Sheryl P. Walter Declassified/Released US Department of State EO Systematic Review 20 Mar 2014 



Sheryl P. Walter Declassified/Released US Department of State EO Systematic Review 20 Mar 2014 


Message Attributes 


Automatic Decaptioning: X 

Capture Date: 01 jan 1994 

Channel Indicators: n/a 

Current Classification: UNCLASSIFIED 

Concepts: n/a 

Control Number: n/a 

Copy: SINGLE 

Draft Date: 1 1 jan 1978 

Decaption Date: 01 jan 1960 

Decaption Note: 

Disposition Action: RELEASED 
Disposition Approved on Date: 

Disposition Case Number: n/a 
Disposition Comment: 25 YEAR REVIEW 
Disposition Date: 20 Mar 2014 
Disposition Event: 

Disposition History: n/a 
Disposition Reason: 

Disposition Remarks: 

Document Number: 1978LOME00095 

Document Source: CORE 

Document Unique ID: 00 

Drafter: n/a 

Enclosure: n/a 

Executive Order: GS 

Errors: N/A 

Expiration: 

Film Number: D78001 6-0850 
Format: TEL 
From: LOME 

Handling Restrictions: n/a 
Image Path: 

ISecure: 1 

Legacy Key: Iink1978/newtext/t1 97801 77/aaaacmpm. tel 

Line Count: 45 
Litigation Code IDs: 

Litigation Codes: 

Litigation History: 

Locator: TEXT ON-LINE, ON MICROFILM 
Message ID: 4491eae4-c288-dd11-92da-001cc4696bcc 
Office: ACTION SY 

Original Classification: CONFIDENTIAL 
Original Handling Restrictions: n/a 
Original Previous Classification: n/a 
Original Previous Handling Restrictions: n/a 
Page Count: 1 

Previous Channel Indicators: n/a 
Previous Classification: CONFIDENTIAL 
Previous Handling Restrictions: n/a 
Reference: n/a 
Retention: 0 

Review Action: RELEASED, APPROVED 
Review Content Flags: 

Review Date: 03 may 2005 
Review Event: 

Review Exemptions: n/a 
Review Media Identifier: 

Review Release Date: n/a 
Review Release Event: n/a 
Review Transfer Date: 

Review Withdrawn Fields: n/a 
SAS ID: 3794538 
Secure: OPEN 
Status: NATIVE 

Subject: CCC PROJECT STATUS 
TAGS: AFAC, ABLD, ASEC, NSU 
To: STATE 
Type: TE 

vdkvgwkey: odbc://SAS/SAS.dbo.SAS_Docs/4491eae4-c288-dd1 1-92da-001cc4696bcc 
Review Markings: 

Sheryl P. Walter 
Declassified/Released 
US Department of State 
EO Systematic Review 
20 Mar 2014 

Markings: Sheryl P. Walter Declassified/Released US Department of State EO Systematic Review 20 Mar 2014 


Sheryl P. Walter Declassified/Released US Department of State EO Systematic Review 20 Mar 2014 



